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ORIGIN FBO-05 

INFO OCT-01 NEA-09 ISO-00 A-01 /016R 

DRAFTED BY A/FBO:JFYAMBOR:AG 
APPROVED BY A/FBO:OCRALSTON 

119285 

R 112006ZFEB 75 
FM SECSTATE WASHDC 
TO AMEMBASSY NEW DELHI 


LIMITED OFFICIAL USE STATE 031016 

E.O. 11652: N/A 

TAGS: ADS, DECLAS 1-29-76 

SUBJECT: OB/IC, CONTRACT S-419-FBO-422, PROPERTY NO. 

14428(D) 

REES: STATE'S 23672, NEW DELHI'S 1139 AND 1340, FRITZ'S 
OFFICIAL-INFORMAL OF DECEMBER 30, 1974 

FOR HANLIN FRITZ FROM FBO 

1 . PURSUANT TO REFERENCED COMMUNICATIONS FOLLOWING INFORMA 
TION IS NEEDED BEFORE DEPARTMENT CAN DETERMINE WHETHER ANY 
FUNDS CAN BE RELEASED UNDER SUBJECT CONTRACT. 

A. HOW MUCH IS CONTRACTOR CLAIMING EOR MARBLE RESTORA- 
TION WORK? 

B. HOW MUCH DOES CONTRACTOR OWE ALL SUBCONTRACTORS, 
SUPPLIERS, ETC.? 

C. IF WORK OF FRICK INDIA LTD. WAS NOT SATISFACTORILY 
PERFORMED, WHAT IS VALUE OF UNSATISFACTORY WORK? 

D. ON APRIL 15, 1974 CONTRACTOR SUBMITTED RELEASE 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 
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TO SUBCONTRACTORS, SUPPLIERS, WORKERS, ETC. IT LATER 
DEVELOPED HE HAD NOT FULLY PAID SOME SUBCONTRACTORS. 
ACCORDINGLY, DEPARTMENT CONSIDERING EEEECTING PAYMENT TO 
SUBCONTRACTORS ON BEHALE OE CONTRACTOR, IN LIEU OF PAYING 
CONTRACTOR DIRECTLY, PROVIDED CONTRACTOR AUTHORIZES 
EMBASSY IN WRITING TO PAY SPECIFIC SUBCONTRACTORS SPECIFIC 
AMOUNTS DUE. ADVISE. 

2. FRITZ REQUESTED NOT TO START NEGOTIATIONS WITH CONTRAC- 
TOR UNTIL ALL ABOVE REQUESTED DATA RECEIVED AND INSTRUC- 
TIONS GIVEN BY DEPARTMENT. 

3. PROMPT RESPONSE REQUESTED SINCE DEPARTMENT DESIROUS 
CLOSING OUT CONTRACT ASAP. INGERSOLL 


LIMITED OFEICIAL USE 
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Copy: SINGLE 

Draft Date: 11 FEB 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: CunninFX 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975STATE031016 

Document Source: CORE 

Document Unique ID: 00 

Drafter: JFYAMBOR:AG 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750050-0838 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linki 975/newtext/t1 9750253/aaaabvdv.tel 

Line Count: 75 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ORIGIN FBO 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 
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Review Action: RELEASED, APPROVED 
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Review Comment: n/a 

Review Content Flags: 
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